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MEMORANDUM FOR THE RECORD 


SUBJECT: Concurrence in Amendment No, 7 to Contract No, AF33(600)— 
35906 with Haller, Raymond, and Brown, Inc., 25X1A 
80=990, Project CHALICE and Air Force 


Ea OD 
a fee 


i. This memorandum contains a recommendation submitted for 
approval of the Special Assistant to the Director for Planning and 
Development. Such recommendation is set forth in Paragraph 4. 


2 Gontract No, SC-990 and Amendments No,s 1 thru 6 thereto 
provide for the procurement of 19 PRF indicators and associated 
equipment and 5 units of field modification for the recorder for 
the Project and Air Force, Amendment Ho, 7 amands PART IV ~ PAYMENTS 
of the Schedule to include a new paragraph (d) to provide for the 
Government's established procedure for approval of General Research 
and Development costs by the Contractor's submission to the cognizant 
Contracting Officer its program of General R & D for approval of the 
program in whole or in part. 


3. Wo additional funds are obligated by this Amendment No. 7. 


4. Approval of Amendment No. 7 to Contract No, SC-990 and 
execution thereof on behalf of the Agency by the authorized Contracting 
Officer 1s recommended, etan . 

unt) i 


25X1A 


Contracting Officer 
COBCURRENCES s 


SIGNED 


————_—§ 7 
25X1A peruetT a2. 272 


Director of D and P, DPS 


SIGNED 
jf [2-2/3 Be 
25X1A 
Comptroller, DPS sen 008632 
s 
25X1A | Approval requested in a4 
Office of General Counsel Paragraph 4, granted: if) 
25X1A U 
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Contract Ho, AF33(600)-35906 
Ameriment No. 7 


Haller, Raymond, and Frown, Inc. ; 
State College, Pennsylvania nec 4 1958 


Gentlemen: 


1. Thies decument constitutes Amendment No. 7 to Contract 
Zo, AP33(600)35906 between Haller, Raymond, ané Brown, Inc., and 
the United Stetes of America, and amends the contract, ae anenied, 
ae hereinafter set forth. 


PART IV of the Schedule, PAYHENTS, is amended to include 
the following new paragraph (d)}1 


#(a) The cost of general research ani development which 
4p related to the design, development, and manufacture of 
military supplies ani services, and related products and 
services, but not specifically applicable to any particular 
eontract as determined in accordance with the Contractor's 
establish-d policy of accounting and as approved by the 
Goverment shall be considered allowable costs under this 
Sontract." 

9, All other terms, conditions, and requirements of Contract 
Ho, AF33(600)~35906 remain unchanged. 


és Please indicate your receipt of this Amentment Ho. 7 to 
Contract Ro. AF33(4600)-35906 and your acceptance thereof by 
executing the original and two copies of this Amendment. Return 
the fully executed original ani copy No. 3 to the undersigned and 
retain copy Fo. 2 for your files. 


Very truly yours, 


25X1A 


Contracting Officer 


